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BILL NO. S-78-10- 






SPECIAL ORDINANCE NO. 


AN ORDINANCE approving a contract for 
Sidewalk Improvement Resolution No. 
5814-1978, between the City of Fort 
Wayne, Indiana and Rieth-Riley Constr. 
Co., Inc., for installation of sidewalks. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT WAYNE, 


INDIANA: 


SECTION 1. That a certain contract, dated October 9, 1978, between 
the City of Fort Wayne, Indiana, by and through its Mayor and the Board of 
Public Works, and Rieth-Riley Construction Co., Inc. for; 


repair of curbs, sidewalks and inlets in the 
Larez Community Association Impact Area, 

Phase I, an area bounded by LaSalle Street 
on the north, Warsaw Street on east, Creighton 
Avenue on south and Lafayette Street on west. 


under Board of Public Works Sidewalk Improvement Resolution No. 5814-1978, at 
a total cost of $84,212.45, all as more particularly set forth in said 
contract which is on file in the Office of the Board of Public Works and 
is by reference incorporated herein and made a part hereof, be and the same 
is in all things hereby ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be effective upon passage 
and approval by the Mayor. 











Read the first time in full and on motion by 




seconded by 


/wC _» and duly adopted .read, the second time by title and referred to the 

— (JO 

Committee on fa (artdthe Ciiy Prarr^ommission for 


rec omiTrehcIation) an'd Public Hearing to b^KeldNfter'thte-T.eg-ai~f 


City-CbT3nty"BuIlding, Fort Wayne, Indiana, on 
of 


r-at-Lh£ _Counci l Chambers, 
day 


, 19—, at 


o * clock ~~~T?lT 7 E-rS--. T. 


DATE: 


/#-cP¥-7?. 


dL & 


CITY CLERK 


seconded by 


Read the thirds^ime in full and on motion by 


and duly adopted, placed on its passage. 


PASSED (ESSrT) by the following vote: 

AYES NAYS 

-2— - 


ABSENT TQ-WIT: 


TOTAL VOTES 


BURNS 

HINGA 


HUNTER 


MOSES 

NUCKOLS 


SCHMIDT, D. 

SCHMIDT. V. 

STIER 


TALARICO 

DATE: 


: // /^ 7/ 




CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne , Indiana, as 


(ZON-IN G- MAP) . (GENERAL) - (ANNEXATION ) (SPECIAL) (APPROFftiAn©N)- ORDINANCE 

(RESOLUTION') No._ {_ . ' // on the _ / day of ISKaP 

- 

CITY CLERK VI 


PRESIDING OFFICER 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on the /S 
day of -- , 19 /- < at the hour o o 'clock M- M . ,^-S^T. 


CITY CLERK 

Approved and^igned by me this _day of 


at the hour of 




do 


o'clock 








































































































S-78-10-38 


Bill No. 


REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

We, your Committee on _ Public Works to w h om was referred an Ordinance 

approving a contract for Sidewalk Improvement Resolution No. 


5814-1978, 

between 

the 

City of Fort Wayne, Indiana and Rieth-Riley 

Constr. Co. 

., Inc., 

for 

installation of sidewalks 


have had said Ordinance under consideration and beg leave to report back to the Common 


































CONTRACT 


CITY PAID 

SUBJECT TO COUNCILMAWIC APPROVAL 
PRELIMINARY MEETING __________ 

RATIFICATION ___ 


made and entered into this— 
by and between ~ZZ IZZ Z~.~Z7.IZZ Z. T"ZT ZJZTJL—T 


—day of_ 


jCtcJfci _, 


--RIETH-RILEY CONSTRUCTION CO., INC.- 

hereinafter called "Contractor” and the City of Fort Wayne, Indiana, a municipal corporation, herein¬ 
after called “City,” under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled “An Act Concerning: Municipal Corporations,” approved March 6, 1905, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agrees to im- 

Resolution No. 58l4-1978: To improve and repair curbs, sidewalks, and 


inlets as needed in an area bounded by LaSalle Street on the north, Warsaw Street 


on the east, Creighton Avenue on the south, and Lafayette Street on the west; also 


known as the LaRez Community Association Impact Area N.-P.I. Phase I. 


by grading and paving the roadway to a width 

xxxxxxxxxxxxxxxxxxxxxxxxxxx)QDcxxxxxxxxxxxxx}ocxiDaxxxxxxxxxxxxxx)QCDQaxxxxxxxx5Doa 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve- 


^ 5814-78 

attached hereto and by reference made a part hereof. 

At the following prices: 



Sidewalk Removal 

Three dollars and seventy-five cents 
per square yard 

3.75 

Pavement Removal 

Four dollars and no cents per 
square yard 

4.00 

Removal of Retaining 

Wall 8'' x 12" 

Twelve dollars and seventy, cents 
per lineal foot 

12.70 

Curb Removal 

One dollar and forty-five cents 
per lineal foot . 

1.45 

Concrete Sidewalk 

One dollar and seventy cents per 7 

square foot 

1.70 

Wingwalk 

Two dollars and.forty-five cents, 
per square foot 

*.497 

Concrete Curb Type III 

Five dollars and thirty cents pep 
lineal foot 

5-30 

Curbface Walk 

Two dollars and forty-five cents per 
square foot 

2.45 

Paraplegic Ramp 

Two dollars and eighty-five cents per 
square foot 

2.85 

8" Concrete for Alleys 

Twenty-eight dollars and ninety-five 
cents per square yard 

28.95 

6" Concrete for Drives ' 

Eighteen dollars and ten cents per 
square yard 

18.10 

9" Concrete 

Thirty dollars and no cents per 
square yard 

30.00 

Sodding Type "U" 

Four dollars and no cents per square 
yard 

4.00 

Seed, Mulch, Fertilizer 

. One dollars and fifty cents per 
square yard 

1.50 

Topsoil 

Thirteen dollars and fifty cents per ton 

13.50, 

8" x 12" Curb (on hooks) . 

Five dollars and ninety cents per 
lineal foot 

5.90 

Casting Type "F" 

Furnish & Adjust 

Two hundred fifty dollars and no cents 
per each 

250.OO 

Casting Type "A" 

Two hundred fifty dollars and no cents 

250.00- 




















good and workmanlike manner ana to tne enure muoiovu„.. __ 

attached, hereto and by reference made a part hereof. 

meat Resolution Nn 58l4-78 


At the following prices: 



Sidewalk Removal 

Three dollars and seventy-five cents 
per square yard 

3.75 

Pavement Removal 

Four dollars and no cents per 
square yard 

4.00 

Removal of Retaining 
Wall 8" x 12" 

Twelve dollars and seventy cents 
per lineal foot 

12.70 

Curb Removal 

One dollar and forty-five cents 
per lineal foot 

1.45 

Concrete Sidewalk 

One dollar and seventy cents per 
square foot 

1.70 

Wingwalk. 

Two dollars and forty-five cents 
per square foot 

2.45 

Concrete Curb Type III 

Five dollars and thirty cents per 
lineal foot 

5.30 

Curbface Walk 

Two dollars and forty-five cents per 
square foot 

2.45 

Paraplegic Ramp 

Two dollars and eighty-five cents per 
square foot 

2.85 

8" Concrete for Alleys 

Twenty-eight dollars and ninety-five 
cents per square yard 

28.95 

6" Concrete for Drives 

Eighteen dollars and ten cents per 
square yard 

18.10 

9" Concrete 

Thirty dollars and no cents per 
square yard 

30.00 

Sodding Type "U" 

Four dollars and no cents per square 
yard 

4.00 

Seed, Milch, Fertilizer 

One dollars and fifty cents per 
square yard 

1.50 

Topsoil 

Thirteen dollars and fifty cents per ton 

13.50 

8" x 12" Curb (on hooks) 

Five dollars and ninety eents per 
lineal foot 

5.90 

Casting Type "F" 

Furnish & Adjust 

Two hundred fifty dollars and no cents 
per each 

250.00 

Casting Type "A" 

Furnish & Adjust 

Two hundred fifty dollars and no cents 
for each 

250.00 

Inlet Type "I-C" 

(complete) 

One thousand five hundred dollars and 
no cents for each 

1 , 500.00 

Total 

Eighty-four thousand two hundred 
twelve dollars and forty-five cents 

84,212.45 


The Contractor will furnish immediately a certificate from the Industrial Board of 
the State of Indiana, that he has complied with Sections 5 S 68, 69 of the Workmen's 
Compensation Act, approved March l4, 1929, in accordance with Section l4 of the 
Compensation Act (Acts 1929 , page 54-5, being I.C. 22-3-2-1 et. seq.). 

A copy of General Ordinance Wo. G-60-66, concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. • 



The Contractor hereby expressly agrees to perform all the work in the prosecution of the above 
described improvement according to the terms and conditions of Improvement Resolution No._5§ik-.i978 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). i 

It is hereby agreed that no assignment of this contract shall be made without the written con¬ 
sent of the City; said Contractor hereby covenants and agrees that said improvement shall be finally 

and in all respects completed on or before jllilrZ.Jk’ ., 19.ZSL and the Contractor agrees to pay and 

give to the City, as liquidated damages, the sum of $25.00 for each and every day after said 

-.--, 19 -until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto. 

It is further agreed by and between said parties, that the acceptance of the work provided for 
in tljis contract, or the payment therefor, for the whole or a part, shall not constitute a waiver on the 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even prima facie 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part of said work or material. 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and care will be exercised, that said party will properly and fully guard all excavations and 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintained and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect or fault of the said Contractor, its agents or employees, in 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City.growing out of any such injury or damage. 

To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. 


IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this... 
day of._ ,19_ - , . 


rtf 


/fs S~f~ 


Secretary 


RIETH-RILEY CONSTRUCTION CQ,., ■ DC! . 

ITS: L 

Contractor, Party of the First Part. 


City of Fort Wayne, By and Through: 


ATTEST: 


Secretary and Clerk 


Its Board of Public Works and Mayor. 


£2£a0.VgD AS .TO £0RM AND LEGALITY 


CJUY attorney; 




















GUARANTY BOND 


AU f&*n bg Wtyat T&testvXa, That \ 


-RIETH-RILEY CONSTRUCTION CO., INC.- 


as principal, and-' 


1 ^ 


-UNITED PACIFIC INSURANCE COMPANY- 


are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of— 

THOUSAND TWO HUNDRED TWELVE DOLLARS AND FORTY-FIVE CENTS--- 


- - (t . 8fr,212.45 ) 

for tfie payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said . ~~~~ - T - ir 

---RIETH-RILEY CONSTRUCTION CO., INC.--- 


did on the-day of-- 

__ enter into a contract with the City of Fort Wayne to construct a: 

_ r __Pavement 

, on Reso lution No. 5 8 l4-1978: SFrY F F MiH ' To im P rove and repair curbs, -side ¬ 
walks, and inlets as needed in an area bounde d by LaSalle St. on the no.frth, Warsaw 
St. on th e east, Creighto n Ave. on the souths and L a fayette St. on the wes'fc/ al so 1 
known_as the LaRez_Community Association Impact Area N.P.I. Pha se I.- 

according to certain plans and specifications, and 

for a period of three years 

also warranting and guaranteeing the work/material and condition of the pavement thereof as provided 
in aforesaid contract and specifications. Now if the said .Z~~S^7. Z" Z Z I. ZZZ Z~.~ T. T ~~~ 


R IETH-RILEY CONSTRUCTION CO., INC.■ ---- "shall faithfully perform and fulfill all the require¬ 
ments of said warranty and guaranty, and make all repairs required under said guarantee, and in the 
manner provided for, then this bond to be null and void, otherwise to be in full force and effect. 



Approved this-day of- 

ATTEST: 


Secretary and Clerk 


Board of Public Works. 


UNITED PACIFIC.INSURANCE COMPANY 


B y ( ■ // — 

Leonard 0. A^imann, Attorney-!n-Fact 








































































LIABILITY BOND 


>/ K W" 


SCnom All $Un bg ©!|tar |frea«it». That ’we-izizzizizi~ir --z zizzzz. 

-RIETH-RILEY CONSTRUCTION CO., INC.' 


as principal, and-J!Il!lZIJlZL"!L~— ZZ7ZZZS.ZZZZ.7J1ZZ-~ZZ ~T~~~~~r 

--- -UNITED PACIFIC INSURANCE COMPANY----- 

___ \ 

as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of EIGH TY-FOUR 

THOUSAND TWO HUND RED TWEL VE DOLLA RS A ND FORTY-FI VE CENTS---~ - r - 

for the payment of which well and truly to be mad e we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by th ese presents. '' : ' 

-—---- 84 , 212 . 45 ) 

The conditions of the above obligation are such, that if the above named party of the first part shall 
faithfully comply with the foregoing contract made and entered into the_ _ . 


day of__, with the City of Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions and stipulations therein containe d, except the warranty and guaranty of the pave¬ 
ment as to the workmanship, material and condition s for the period of three.(3) years, according to the 
true intent and meaning thereof in all respects, then this obligation to be void, otherwise to be and re¬ 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple¬ 
tion of said work, such extension shall not in any way release the sureties on this bond. 


WITNESS our hands and seals this— 

ATTEST: 


_day of_____ _ yV' ■ 

RIETH-RI L EY CONSTRUCTION CO., life (SEAL) 
BY: V , .(SEAL) 

-ITS_,_(SEAL) X \ 

______(SEAL) 


Approved this. 


day of... 


ATTEST: 


Secretary and Clerk 


Board of Public Works. 


COMPLETED IN STREET ENGINEERING DEPARTMENT 
.{September 1, 1978 

'i; vi jr.;V, Pacific insurance company 












































Fora 192? 


I3sap3*©ve23a©2ni Mesolisitioas 

FOR CURB AND SJDEY/ALK 

^ ' 5814-1978 , 

RESOLVED BY THE BOARD OF PUBLIC WORKS OF THE CITY OF FORT WAYNE, INDIANA, 
That it is deemed necessary to improv e an< 3- repair curbs, sidewalks, and inlets as needed 
in an area bounded by LaSalle.Street on the north, Warsaw Street on the east, Creighton 

Avenue on the south, and Lafayette Street on the west; also known as the LaRez Commun ity 

Association Impact Area N.P.I. Phase I. 


all in accordance with the profile, detail-drawing: and specifications on file in the office of the Department of 
Public Works of said City; and such improvement is now ordered. 


It Is hereby found by said Board of Public Works that all benefits accruing hereunder 
will be to the general public of the City of Fort Wayne and that no special, benefits 
will accrue to any property owner adjoining said improvement or otherwise assessable 
under said improvement. The cost of said improvement shall be paid by Community . 
Development and; Planning. ' 


Adopted, this. 


.day of. 


r 





























U3STITEID F-A-OIFIO USTSUx^^KTCpE 

HOME OFFICE, TACOMA, WASHINGTON 

POWER OF ATTORNEY 

KNOW ALL MEN BY THESE PRESENTS, That the UNITED PACIFIC INSURANCE COMPANY, a corporation duly organized under the laws of the 
State of Washington, does hereby make,constitute and appoint Leonard C. Baumann Of Goshen, Indiana 


its true and lawful Attorney-in-fact, to make execute, seal and deliver for and on its behalf, and as its act and deed any and all bonds and 



This Power of Attorney is granted under and by authority of Section 37A of fhe By-Laws of UNITED PACIFIC INSURANCE 
COMPANY which provisions are now in full force and effect, reading as follows: 


SECTION 37A - ATTORNEYS-IN-FACT 

SECTION 1. The Board of Directors, the President, or any Vice-President or Assistant Vice-President shall have power and authority to: (a) appoint 
Attorneys-in-fact and to authorize them to execute on behalf of the Company, bonds and undertakings, recognizances, contracts of indemnity and other 
writings obligatory in the nature thereof, and (b) to remove any such Attorney-in-fact at any time and revoke the power and authority given to him. 

SECTION 2. Attorneys-in-fact shall have power and authority, subject to the terms and limitations of the power of attorney issued to them, to execute 
and deliver on behalf of the Company, bonds and undertakings, recognizances, contracts of indemnity and other writings obligatory in the nature thereof. 
The corporate seal is not necessary for the validity of any bonds and undertakings, recognizances, contracts of indemnity and other writings obligatory in 
the nature thereof. 


This power of attorney is signed and sealed by facsimile under and by authority of the following Resolution adopted by the Board of Directors of 
UNITED PACIFIC INSURANCE COMPANY at a meeting held on the 26th day of October, 1971, at which a quorum was present, and said Resolution 
has not been amended or repealed: 


"Resolved, that the signatures of such directors and officers and the seal of the Company may be affixed to any such power of 
attorney or any certificate relating thereto by facsimile, and any such power of attorney or certificate bearing such facsimile 
signatures or facsimile seal shall be valid and binding upon the Company and any such power 
facsimile signatures and facsimile seal shall be valid and binding upon the Company ir 
undertaking to which it is attached." 


IN WITNESS WHEREOF, the UNITED PACIFIC INSURANCE COMPANY h 
seal to be hereto affixed, this l4bh day of- March -19Z§-- 


s caused these presents t< 


Asst. 

signed by its Vice-President, and it 


UNITED PACIFIC INSURANCE COMPANY 



, _ P. D. Crossetta 

above and foregoing is a true and correct copy 
force and effect. 

IN WITNESS WHEREOF, I have hereunto set 


Assistant Secretary of the UNITED PACIFIC INSURANCE COMPANY, do hereby certify that the 
i Power of Attou&y executed by said UNITED PACIFIC INSURANCE COMPANY, which is still in full 


said Company this_day of_19_ 

( >.;rr.-" 

Assistant Secretary 


BDU-1431 ED.2-72 

















GENERAL ORDINANCE NO. G-60-66 


concerning discrimination in employment under municipal contracts 
and providing a penalty, as passed by the Common Council of the 
City of Fort Wayne, Indiana on May 10, 1966. 


SECTION 1. Every contract for or on behalf of the City of Fort Wayne for 
the construction, alteration or repair of any oublic building or public work or 
the performance of any other work or service shall contain orovisions by which 
the contractor agrees as follows: 

(a) In the hiring of employees for the performance of work under this 
•contract or any subcontract hereunder, no contractor, subcontractor, nor any 

person acting on behalf of such contractor or subcontractor, shall discriminate 
because of race or color against any oerson who is qualified and available to 
perform the work to which the employment relates: 

(b) No contractor, subcontractor, nor any oerson on his behalf, shall in 
any manner discriminate against or intimidate any employee hired for the Derformanc 
of work under this contract on account of race or color: 

(c) There may be deducted from the amount payable to the contractor by the 
•City of Fort Wayne under this contract a penalty of ten dollars ($10.00) for each 
person for each calendar day during which such person was discriminated against 
or intimidated in violation of the provisions of this contract; and 

(d) This contract may be cancelled or terminated by the City of Fort Wayne, 
and all money due or to become due hereunder may be forfeited for a second or 

any subsequent violations of the terms and conditions of this contract as to 
discrimination on account of race or color. 


WAGE -HCA! F. 


0“ V^Ck/'S 



L>jDF.: $-SKILLED 

SS-SIKI SKILLED 
US-UNSKILLED 
IF-INDUSTRIAL FUND 
?W-I’ER WEEK 


>*\> t tba under signed commie tee, being appointed to prepare a schedule of the prevailing 

va^ea to d« onia in uonnoeetoii with, ALL CENSmiCTION AND MAINTENANCE CONTRACTS AWARDED BY 
TEIE BOARD OF WORKS, CITY OF FT. WAYNE, INDLANA,DURING THE 150NTHS OF JULY,AUG.AND SEPT. ,1978. 


in compliance with the provisions of CHAPTER $ 319 of the acts of the GENERAL ASSST.SLY of 
INDIANA, 1935. have established a schedule as hereinafter set forth for the following trades 
to wit; 


































































COIOl 


































face_ 2 . 



federal rechtcr, vol 43, no. 43—Friday, march jo, j 073 


10170 






























KDS3AI REGIST:*, VOL 43, NO. 40—FRIDAY, MARCH 10,1970 


nonces - lorn 


































l» VOL 43, NO. 43—?"!DAY, MA3CH 10,1573 


10172 






























FcOERAt EECISTZX, VOL 43, NO. 43—FUJDAY, MAEG-i 10,1973 


8383 3838 . 8338 8333 































rrcisies so. tn7;-2Q)o 


OPERATORS 


Crev? It Air Compressors In Manifold vlth throttle valve; Asphalt Plane * 
rr-'r.ter; Auto Crad- or similar type machine; Auto Patrol; Saekho-. on 
far-, type Tractor. 45 H.?. and over; Ballast Regulator fit. *->; «it- 
u--!rVus M! / c r; Bituminous Paver; Bituminous Plant Engineer; Pull Dozer; 

Ci !»sen Prill inn Machine; Cherry Picker - 15 ten or over; Chi? Spreader, 
£.-:ret, K!*;; 2! eu. it! or ov^r; Core Drillin S Machine; Crane or Derrick 
Vith z-y etta.ch.-cnt if.ciudir.g clamshell, dragline, shovel, backhoc, e.e.; 

D r .* d ; r Engineer; Dredge Operator; Drilling Machine on which the drill is 
an Integral part; Earth Mover - rubier tired (paddle wheel, 619, 631, 
T;.;i or similar type); Earth Mover, rubber tired - taneem (50 cents per 
h-ur additional foreaeh lev’,); Elevating Cradcr; fork lift (10 ton or 
...er); P.C.C. formless raver; Crada’.l; Crave! Processing Plant (Portable); 

• -- - -t; Hlghlift Shovel - 1-1/2 eu. yd. or 

‘lleepter - Crav;^1!ydra 

>tive Cpcrator; 



C-.f.f 2i Air Co-pressor with throttle valve or Clever Brooks type com- 
i i: ,■ tion; Backfiller; Jack Hoe on farm type Tractor, under 15 II.P.; Bull 
'J ac; Cherry Picker under 15 Ui>; Chip 5;.tead«r <self-yiope lInd)i Con- 
t.-,; Concrete Mesh repressor - independently operated; Concrete 
J loader endev 1-1/2 cu. yd.; Excavating 


Spreader - psver drive 


safer - portallc; Finish!: 

Crcsser; Mechanic; Mesh or - - - - 

y.c.c. Concrete belt Placet; Pull Crader - power control; Reftlgcrai 
Kjshlnc - freezing operation; Ross Carrier; Sh.ccpfcot Roller (self-; 
pel led); Tamper - Multiple Vibrating - Asphalt, Uatejbound Haaidam,^ 


(aclf-pro* 
eadam, 

Machine «" and under; Tpbe 



(R.R.); Tamper - Multiple Vibrating - Earth and Sub-base material); 

Throttle Valve; Throttle Valve ar.d fireman combination on horiror.tal or ’ 
upright boiler; Traetaire irith Drill; Tractor - 50 K.?. or over; Veil 
Toint System; Vtdcner (Apsco.or lieilar type) 

^Batch 'plant; Bi turn! r.ous’nis tributor; numinous Patching Ta-per; sell 
Spreader; Broom and Beit Machine; Chair Cart (self-propelled); Coleman 
Type Screen; Ccr.vevor (portable); Cock liar.d; Digger Pest Hole (psv.tr- 
drlven); fork Lift' - ur.dcr 10 ton; form Cradcr; fern Tamper (motor driven); 



12.101 

















I of: 





10175 







































c.'Serials; Read r.srklr.g 4 
Setting 4 placing of all ; 

Staying of epexy, eurlrg 
Tr.-.porary waterline installer; To? 







cltfwbbb u 


ChASSinCATIOSS 


Air compressor (pressurixlr» shafts, tunnels 4 div 
Seek filler; Backhoe; Soon cat; Boring machine; Su 
ieker; Compactor (with doter biad 
oncrete pump; Crane with all atta 

; Dca 1 purpose truck (pitman type); Citehir; machine i 
rs (when hoisting material or tools); Perk lift; 


Caisson frilling 
tte sixer (tual era, 
Crane - electric 

(15- and 


lie Vi copter w_ 

dinky engine; Mechanic on'job“sltc; Mucking machine; Panel be 
plant; Pile driver; Push eat; Sceo? 4 tractor; Scraper - rubber tired; Spreader 
- tractor mounted; Straddle carrier - ross type; C.b base finish rjehine 
(C.M.l. or sinflar); Tower crane; Tractor with backi.oe (1/2 yard and over); 


ic dry batch); 

driven; Bituminous mixer; Bituminous p>vrr| Bituminous plant erglv-r; Boac-wa; 

or over); Concrete spreader - power driven; Bitching machine (less than !}■•); 
trilling machine; rinish machine 4 bull Cleat; Pir.lshirg machine; r;re-jn - 
Pile driving and boilers; Cunite machine; Head greaser; Mechanic in shap; 

Kesh depresser -mesh placer; P..C.C, concrete belt placer; Roller - asphalt, 
Stor.c 4 sub base; Notary drill; Shecpsfoo: roller - self.prcpelled; Shrp cuie; 
Spreader or base paver-self-propelled; Sub grader; Throstle valve with air • 
compressor or boiler; Traccor with bacVhoe (under 1/2 yard); Traeter - high 
lift - farm type; Tractor - industrial type; Tractor with winch; Veil points; 

i' 

""au 7 compressor (210 cu. ft. 4 over); Sltarsinous distributor; C-Jir eart;. 

Porn grader; Kydrohammcr; Jaeks - hydraulic - power driven; 
operator 2,3,4, or 5; Paving Joint machine; Post holt dlgge; 

Throttle valve; Track Jack - power driven; Tractor - farm t; 

CTM'P 7V * . 

Air compressor (lose than 210 cu. ft.); Concrete mixer (under 21 eu. ft.); 
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rc-mr^r o?:p.o?-s 

Tunnel L Sever Canstructiot 


fc«»U 


ktv 

. . 

V....U. 

aaa.T.. 

$ 10.30 

.65 

.35 


■ .05 

9.50 

.65 

.55 


’.OS 

• 3.25 

. .65 

.35 


.05 

7.23 

.65 

,85 


.05 


tr»v«lfns>:fork- 
.'0, end throe dru 
Hive, all; pile 


Clas* I 
CUsi II 

C.SSS HI 

Cl*** 17 


C! '*■’ I Mechanic; asphalt plant; outograde; batch plant; 1 
l') e rglrce ra); boiler A throttle valve; caisson rigs; eer 
plant; ec-biratlon bac-hoc, ~:r.t end loader vlth bac'-hce 

throttle; torero to breaker (truck rsunt-d); concrete co 
pa.r: over 215 cu.^ Ifconcrete paver 77al eu. ft. anti 

lel'ts, ts-a tuggrr one floor; }«>•»! i n*j l lc lucm tree.-; 1 

:i.T tv;-es; rock drill (<tlf»pM-;ell*d); inch drill (truck counted); 
ilfj.'an river; straddle bug’lVs; tractor vlth boor. A clde loom; trenching 
t.-l:.e; v|n:h t radar s 

.‘.JI A*;V»J i spreader; loller; buildouts,' combination bacVhoc, front- 
loader vlth tac'-hcc bucket, less than 1 co, yd,; engineer acting as 
e.-.'-clcr In rh.irto nf crew- gtsder, cUvacii,-.;-teaser engineer; -tooting 
;-.a.' lr.es; h.lghlilc sh;v«t» or ftcr.t er.J'.oador; l.oistc, automat lc; cowboy 
C* 1111 vj rjchlr.es; hoists all elevators; hoists, tugger single drum; rotor 
;::rol; post hole clgger; toilets, all) scoops . tractor drawn; stone 
eru-hett; tcjrrjpoll; winch trucks • 

C'-'" 11? Concrete -iner (2 bag A over); conveyor, portable: steam generators; * 

to exceed a total of 3C3 :c.);’ air compressor 1 lajgc over 150 combination - 
• trail egulpacr.c operator; forklift trucks; generators; p-umpo <1 co 3 r.oc to 
exteed J total of 300 ft.); pumps,'veil points; welding machines (2 through 5}{ 
Vlr.cies b o'.cctric drill visetes 

IV Heaters, mechanical < 1 Co 5); oiler* A tvicehmoa 


rroll, Cass, Clinton, Delaware, Tsyctte, Triton. Cranthaallton. 
Henry, llowsrd. Johnson, Kailson. Marion. Hla-.i, Randolph. Rush, 


m ££%vm su ~ 


{10.95 

10.00 

8.60 


’ 'Air compressor (pressurliing shafts, tunnels A divers); Air tugjer; Auto pacro 
Sack filler; Eaekho-.; Boom eac; Zorlrg rachlne; Bull deter; Calsren drilling 
machine; Cherry picker; Compactor (with doeer bloic); 

Ovcrheadj^DcrrlcV; Cw! purpoic truck (pltr.rn type); Olcchlra machine (la" end 
over); Dredge; Elevators (when hoisting material or tools); T «tk lift; feraWs 
■ paver; Cenctalor (paver for welders or cc-.pressvrs); CradaU; Helicopter; 

Helicopter winch operator; High lift - front end leader; Holst; Locorsecr-e end 
dinky engine; Mechanic on jcb site; Hacking machine; Panel beard concrete 
plant; Pile driver; Push esc; Scco? A craccct; Scraper - rubber tired; Spreade 
- tractor mounted.; Straddle carrier - rcss type; Sub b... finish machine 
(C.M.I. or similar); Tower crane; Tractor with backhae (1/2 yard and over); 
Trench box - power driven- Tunnel shield; Velder (c.-alc) » 

(rtf"? n 

* A I a->..a truck; Catcher plant (automatic dry batch); 

. driven; Bituminous mixer; Bituminous paver; Bltumln 

a 

Dr'll I In’ micliina; 

Pile driving and 
lie-It depressor • 


r (Jl e 


over driven; Ditching c.ichino (les. chan IS"), 
til eJ chine A bull Meat; Finishing r-srhine; Tlr.uan - 
irs; Cunlte rachlne; Head greaser; Mechanic; 
placer; P.C.C, concrete belt plater; Roller - asphalt, 
ry drill; SHeepafoot roller - sell-propelled; 

Spreader ot hasepaver-seU-pCepeUcd; Sub grader; Throttle valva with air . 
compressor or boiler; Tractor with backhoe (under 1/2 yard); Tractor - high 
lift - fara type; Tractor - industrial type; Tractor with winch; Vail pole;*; 





^pressor (les. chan 2 


r (under 21 ca. ft.), 
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Eikhsrt, Pulton, 
Fjrshall, 4 Soil 


S.sie * 
H.v.ly 
F..U». 

FrU ?# Benefit* PoymrnU 

my 
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h: 

}10.02 
9.15 
8.58 

■ 7.70 • 

.63 

.65 

.65 

.65 

.05 

.55 

.85 

.85 

.40 

.60 

.60 

.60 

.05 

.05 

.05 

.05 


C’CVr T -. All pover crmes; Truck cranes; Locomotive 
io-.rr.ipullij Shovels; Draglines; Derricks; Pile <!rivc 
v/Slde teco or ’V T r.nc; forklifts 18’ 6" in height 


yr^rfi , cJ;cl; locomotives; Rollers; icons crushers; Tork liits 
It’ 6”; Air cerpressori • 600 cu. fc. 1. over; .Cecil rut ion ol Casojinc 

vil.e v!;b toller and court's tor for pi ledi ivlr.,;; Concrete pomps; Trci 
xachlncs esclvdin; ditch vltci.es; Cableways; Hoist (2 drum) 

rv;!.'P nt! Truck winches w/A rrarao 6 Power winches; Tractors-farra type; 
ofuTT’o’*conveyors; Snail rotter tire end loaders h cu. yd. 6 under; bobcat 

errs? '.V t Cin poles; Sssjen derricks hi iisilar hoists; Firemen; Oilers; 
C^?rerso'r°ov« SlO^cu. it. Lender 600 eu. ic.; Well points 


i (feru 6 Crisseo 


, Pike, Posey, S 

ankfort), 6 Van 


ivpiiprwnt 
Xj ;v 1 n t 




5.51 

1:11 


?. 5 < 

5.63 

5.63 
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TITLE OF ORDINANCE SPECIAL ORDINANCE - SDWK IMPROV. RES, NO. 5814-78 LAREZ g^SSOC IMPACT 
DEPARTMENT REQUESTING ORDINANCE BOARD OF PUBLIC WORKS ^ ^ 


SYNOPSIS OF ORDINANCE CONTRACT FOR SIDEWALK IMPROVEMENT RESOLUTION NO. 5814-78, LAREZ _ 

COMMUNITY ASSOCIATION IMPACT AREA, PHASE I, AN AREA BOUNDED BY LASALLE STREET ON THE IjORTH, 


WARSAW ST. ON EAST, CREIGHTON AVE. ON SOUTH AND LAFAYETTE ST. ON WEST, RIETH-RILEY 

CONSTRUCTION CO., INC., CONTRACTOR FOR THE PROJECT, IN AMOUNT OF $84,212.45. 


(CONTRACT ATTACHED) 


PRIOR APPROVAL REQUESTED AUGUST 24, 1978 & ACQ. 


EFFECT OF PASSAGE 


REPAIR OF CURBS, SIDEWALKS AND INLETS IN THE ABOVE-DESCRIBED AREA 


EFFECT OF NON-PASSAGE INABILITY TO PROCEED AS PLANNED 








MONEY INVOLVED (DIRECT COSTS. EXPENDITURES. SAVINGS) $84,212.45 FROM C D & P 

— 




ASSIGNED TO COMMITTEE 
































